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OXC-O728/# 
Cop y 1 o f 3 
July"25, i960 


MEMORANDUM FOR TEE RECORD 

SUBJECT: Concurrence in Definitive Contract No. PR-8200 

with The Perkin -Khmer Corp. , Project OXCART 


1. This memorandum contains a recommendation submitted for 
concurrence of the undersigned. Such recommendation is contained 
in Paragraph 4. 


25X1 A 


25X1 A 


2. Definitive Contract No. PR-8200 supersedes Letter Contract 
No. PR-8200 and Amendments Noe. 1 through 4 thereto and provides 
for engineering, design, production and test of six (6) photographic 
reconnaissance systems in connection with the OXCART Program during 
the period 1 November 1959 bo 30 June 1062 . The eontm ct is a CPFF 
having an estimated contract price of I 


Type_ 

an 


fixed-fee. 25X1 A 


inclusive of 


l?as been allocated to Contract 
chargeable to Fiscal Year 


3. A total sum of 
No. PR -8200 as follows: 

i960 OXCART Funds and| | chargeable to Fiscal Year 1961 

OXCART Funds, subject to availability of such FY 1961 funds. The 
remaining funds necessary to comprise the total contract price will 
be allocated to the contract on an installment basis from OXCART 
funds available within Fiscal Year 1961 and 1962. No additional 
funds are obligated under Contract No. PR -8200 by this definitive 
contract. 


SECRET 


25X1A 

25X1 A 
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4. Concurrence in Definitive Contract No. PR -8200 is 
recommended. 2 5X 1 A 


25X1 A 



Contracting Officer, DPD 



25X1 A 



DPD-DD/p| (25 July i960) 

Distribution: 

O-CB/DPD-FR-82OO 

2- Fin/DFD 

3- RI/DFD 






